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Low-S ha f t Fumacea : 

At Lisen-rerke .-v'est, Calbe/Saale^ work was ooiapieted up to furnace VII 
and th« ac^eptance* orotocol on nand. as of 2S Octeber 1952« The fumare 
cannot *b« «ut Into iperatior until ABUS S8hv,ermaschin«nbau V.'ildaw deUvere 
lu everhead trolley cars due on 30 Octdter and SAG Transraascb Hebe- und 
Transoortanlagenfabri.* (foraerly Bleiahert), Leipaig, delivers the 
Chassis , (f'ahrwerke) and isotors. Bleichert has had difficuities procurxng 
material, and tne Soviet Contro'l Cenmiseion has been requeated to take 
action. 


? At furnace VIII»work on the fiirns.ce itseif has been completed, but the 

pure gps line to the cbwper stoves is lacking. The s’ide valves (Schiebes) 
and the coid air lir.e are under conalruction.. The hot air line ls 
about 80 percent finished,, By 30 October 1952 the brick lining on t e 
cowper stoves is to be compl^ted* 


The steel oJLate lining ( Of enpanzer ) of furnace IX has Deen completed, 
t ne charglng- platform !§Q percent arid the brick lining 5 0 percent finished., 
The furnace may possibly be ccaipleted by 30 Or.tober 1952.. _Pipe . 

have for the most par ■■ heen delivered and are currenUy bemg install 
Cowper stoves 17 and 1.8 are being assembled and lined with bnckj they 
are' to be finished b; 10 Koveober,. 


At furnace X,the steel pla.te lining is seventy percent, the charging 
platform fifty percent comp.lei.ed; work cn the brick linirig has begun 
The superst-ructure of the furnace is to arrive at the construction 
site on 5 I ovetsber 1952; final assemblage is planned for 15 November. 
T'he pipelines are not yet in operatiai. Plate still to be rolled nust, 
hovever, be deUvered imir.ediately, The chief of the Kain De^rtment 
Iron Industry has beer. inforaed and will teke action, Cowper stoves 
19 cnd 20 ar'e to be finished by 20 November provided scheduled delivery 
of the 19 iiozzle bricks (Lochsteine) is assured. >;ork in the blewing 
plsnt (Geblaesehaus) et the contrel point (Kesstation), in t-he main 
pumping st 3 tion,and in the interwediate pumpinp statjon ,/ire about as 
far along as the work en the furnace,, 
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T ran t f » r-mer S t a 1 1 o n. 

Co nstnictiM of transf»rroer station II and tfce l*w-tension switch plant . 
U>shaltanlsge) and the rectian of the 15 KV and 6 KV switch planfc 
frames v»re •'cgnr. ton 3 September.. Pians have been made t* 

build subststion 2 in two phases: furnaces VII and VIII bv the middle 
of October, and fumaces IX and X by the middle of Hovember 1952« 

The delivery a.f I*ur 1,600 KVA and two 1^,250 KVA transformers by 
iransformatorenwerk "Karl Liebknecht" represents an ssper ially serious 
bettieneck. _Even though ell appropriate effices, incjuding the Sovi et 
Controi Oeiamissionj. were contacted concerning the procurement of the five 
metnc tens ef winding copper (Vickelkupfer) still needed for the 
construction of ths transfomers, ne action has been taken; scheduled 
delivery of the transfermers is nofc certain. turther difrtculties 
wl- h electric overhead trelley II, assenblepe of whish has been cempleted, 
nu3t be overcoKie, It has been fcund imp«ssible bo iraport the chains 
for inclined hoist 2 as planned. 

Mlacej i c neo iis > 

xncressed ott-ention is being paid t • the furnace units already operatirig 
in an effort lo avoid previously experienced bottlenecks in laying ^ 
t. rack 5, procuring s.Ug carts, ctc, Complaints charging nonf ulfillmenfc 
h&ve been entered against LQTA Fahrzeug- ‘ und Geraetebau. 
Vetschau, supplier of the s.lag carts, and ABUS Schv/ermaschinenbau 
kildau* which was te del.iver one pig-iron barrel mixer (Koheisen- 
I Lol 1 enjrd s c h e r } 0 
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